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CONFIDENTIAL USNATO 3708 

E.O. 11652: GDS 
TAGS: MARR NATO 

SUBJECT: NATO INFRASTRUCURE, AVIONICS AND COMPOSITE SHOPS AT 
KEFLAVIK, ICELAND, SACLANT SLICE XXV, SERIAL 3A, B, C AND D 

REFS: A. AC/4(PP)D/1 1,235 

B. STATE 083443, 112122ZAPR75 

1. AT ITS MEETING ON 3 JULY 75 THE INFRASTRUCTURE PAYMENTS AND PRO- 
GRESS COMMITTEE AUTHORIZED THE US TO PROVIDE AN AVIONICS SHOP AND 
A COMPOSITE AIRCRAFT MAINTENANCE SHOP, WEAPONS RELEASE SHOP AND 
PARACHUTE AND DINGHY SHOP AT KEFLAVIK AIRFIELD AS 

DESCRIBED IN REF A. 

2. THE P&P COMMITTEE GRANTED EXEMPTION FROM INTERNATIONAL COMPETITIVE 
BIDDING PROCEDURES IN ORDER TO PERMIT CONTRACT AWARD TO THE LCELAND 
PRIME CONTRACTOR(IPC) IN ACCORDANCE WITH EXISTING AGREEMENTS. IN 
ACCORDANCE WITH THE AUTOMATIC DELETION PROCEDURE, THE COMMITTEE 
ESTABLISHED A DATE OF 1 AUG 1976 FOR AWARD OF CONTRACT TO THE DPC. 

IN THE EVENT THAT THIS SUSPENSE DATE CANNOT BE MET NAVFACENGCOM 
CONFIDENTIAL 
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SHOULD INFORM US INORDER THAT WE CAN REQUEST AN EXTENSION OF THIS 
DEADLINE IN A TIMELY MANNER. 

3. NATO INTERNATIONAL STAFF CONFIRMED THEIR AGREEMENT TO REORIENTA- 
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TION OF THE COMPOSITE BUILDING, POINTING OUT THAT THE AMOUNT OF 
PAVEMENT SUPPORTED REMAINS THE SAME. 

4. IN ACCORDANCE WITH PARA 3, REF B, THE COMMITTEE AGREED TO 
INCREASE THE AUTHORIZATION TO INCLUDE DOLLARS 33,000(OR 9763 IAU) 

FOR A AND E CONSTS FOR THE COMPOSITE BUILDING. 

PEREZ 

CONFIDENTIAL 


« END OF DOCUMENT » 
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